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LIST OF PLANS 

Accompanying ihe Second Annual Report of the Commissioners for the Estension and 
Promotion of Public Works in Ireland. 

No. 

1. Pass of Bealadangan. 

2. Kingstown and Dtimnore Harbours. 

3. Limerick Bridge and Docks. 

4. Elevation and Section of ditto. 

5. Bridge of Agivey, over the River Bann. 

Antrim Coast Hoads ; 

d. Plan of Cloony and Genarm, Little Deer Park. 

7. Boyd Harbour — Macauiey’s Head. 

8. White Bay Head and White Bay. 

9. East Strait Step Point. — Window Tops. — Chimney Tops. — St. Patritik’s Rock. 

JO. Hen Rock — Highlandman’s Night-cap. — Muny Sourick Glen. 

1 1. Shore Acre. — East of Parxe’s Point.— Strait Step Point. 

12. Revetment Wall at Clooney. 

13. Plan of Part of Road at Drimadrid. 

14. Plan of the Western part of Antrim Coast Road. 

15. Map of Dublin and Kingstown Railway. In Two Parts. 

16. Section of Dybliii and Kingstown Railway. In Four Parts. 

17. Plan of Kenmare and Bantry New Road. 

18. Section of the New Road from Kenmare River to Bantry Bay. 

19. Section showing the H<?ights of various Passes through the siiimnit ridge of the 

Mountains between Kenmare River and Bantry Bay. 



Printed image digitised by the University of Southampton Library Digitisation Unit 



SECOND ANNUAL REPORT 



OF THE 

COMMISSIONERS OF PUBLIC WORKS, IRELAND. 

To 1 Januan/ 1834 . 



TO THE LOHDS COMMISSIONERS OF HIS MAJESTY’S TREASURY, 

&.C. 8 cc. See. 

MAY IT PLEASE YOUR LORDSHIPS, 

W E have the honour to submit the Second Annual Report of our Proceedings, 
accompanied by general Abstracts of our Receipts and Expenditure, with 
such other Documents as appear to be necessary for your Lordships’ full informa- 
tion on the Various services with which this Board is entrusted. 

We shall proceed to consider the several matters for our Report in the same 
order which we adopted last year. 

I. — Loans or Grants for Public Works. 

11.— The collection of Repayments of old Loans. 

III. — Inland Navigation. 

IV. — Fisheries. 

V. — Roads and Bndges. 

VI. — The Public Buildings in Dublin and the Phoenix Park. 

VII. — Dunmore Harbour. 

VIII. — Kingstown Harbour. 



L— LOANS AND GRANTS FOR PUBLIC WORKS, UNDER THE ACT OF 
1 & 2 WILL. IV. c. 33. 

The annexed Statemeot(A.) will show the result of the operation of all the Loans 
and Grants made up to the ist January; the Sums agreed to be advanced, those 
which have been expended, the amounts received in repayment, with remarks on the 
state and progress of the several Works. 

It will be perceived that, by the operation of these funds, an aggregate amount of 
^29,633/. lOf. gd. has been advanced and expended in the course of the last 
18 months, in addition to the sums provided by other parties, on Works of great 
public utility, and which have very generally been conducted in a satisfactory 
manner. 

A portion of these has been already completed ; the remainder are in progress. 

In our observations on the proceedings of some of the most important works, we 
have in one or two instances enlarged our Report, for the purpose of pointing out 
any peculiarity which has attracted our notice ; we conceive such information may 
be deemed interesting, and that it will not be considered misplaced, as a record of 
the progress of improvement in different parts of the country. 

Your Lordships will perceive that the number of applications made since our 
last Report, has been comparatively smaller than in the preceding year, a circum- 
stance which may be partly attributed to those of the former year having been the 
result of the accumulation of a considerable pfevious period, during which the 
funds of the late Loan Commissioners were exhausted ; and partly to the natural 
tendency of the first proposition of an Act for the promotion of Public Works, to 
stimulate parties to bring forward at once the various projects in contemplation for 
their several districts. 
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In addition to the applications recorded, many negociations have taken place 
with reference to solicited loans or grants, but which cannot be classed as appHca^ 
tions. Some of these have been abandoned, from the amount of assistance likely 
to be offered not being found equal to expectation, or from other causes; while 
others, it is presumed, are still matter for further consideration. 

In making advances for Public Works, we have been reproached with not 
selecting those most calculated to be bcneticial to the country. It is evident, how- 
ever, that under a system of Loans, we have not the power of selection, or of 
originating projects; but we must adopt such as are offered to our notice, provided 
they come under the provisions of the Act of Parliament ; with a negative authoritv 
of refusing aid to any which may not appear in some degree conducive to public 
utility ; nor, had we more latitude, should we be exempt from a similar accusation, 
inasmuch as each person considers the object in which he is individually interested 
the most generally important. 

Another subject of reproach to this Board, is the parsimony with which advances 
have been offered on the security of anticipated tolls and profits. On this head we 
feel perfectly confident that if we have erred, it has not been by interpretin'^ too 
strictly the stipulations of the Act of Parliament, which require that we should be 
satisfied that the profits of the Work will be such as to ensure the repayment of the 
Loan with interest. 

Where the .whole sum requisite for the execution of any work is demanded of 
Government, it is necessary to receive with extreme caution the details contained 
in the application. Exaggerated statements are frequently brought forward, oriq- 
nating perhaps in the enthusiastic views taken by each party of th^ importance 
and capability of their own district ; which they have an additional inducement to 
set forth for the promotion of objects, from which they are assured of derivinff 
certain advantage, while secure from any possibility of loss. 

We are the le.ss disposed to place implicit reliance on such representations, as 
we do not find a single instance of Loans granted by former Boards, where Govern- 
ment lias been repaid for an advance of the whole of the outlay on anticipated 
[irofits ; and in most cases the failure has been excessive. 

In point of fact, the resources of Ireland arising chiefly from agriculture, the 
revenue derived from Public Works (to facilitate the exportation of such produce, 
and the importation in return of the usual articles for the conveniences of life,) will 
.seldom defray their original cost, unless in situations where there are manufactures, 
or where from the working of mines and quarries other peculiar demands for inter* 
course are created. 

Of the Sums received in repayment of these Loans, 10,000/. have been paid 
by us to the credit of the Teller of the Exchequer, in the Bank of Ireland, in con- 
formity with the provisions of the Act. 



II.— THE COLLECTION OF REPAYMENTS OF OLD LOANS. 

We have used every exertion in the collection of these Debts : the state of each 
is shown in the accompanying Return, marked (C). The Returns from those where 
any repayments could be expected, are considerably increased since last year: 
the arrears, however, arising from inadequate security, are of course larger in 
proportion to the amount of accumulating interest. 



III.— INLAND NAVIGATION. 

T HE only Navigations under our immediate charge are the Tyrone, the Maig, and 
the Upper Shannon; none of them paying their expense of maintenance. Some 
others were in the hands of our predecessors, but when they were found to yield 
ii surplus revenue beyond the cost of maintenance, Government were induced to 
give them up to associations, for the purpose of applying such surplus to the benefit 
ot that particular navigation, or for other objects of local improvement. In conse- 
quence of which arrangement, only those that were unproductive remain in our 
hands. 

Much is required to be done for the improvement of the navigation of the 
Upper Shannon : but as this undertaking comprehends very extended views and 
inteiests, tlic matter is one for distinct and important consideration. 

The 
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The subject of Inland Navigation is one worthy of much consideration, and 
deeply interesting to every well-wisher of Ireland, and of the empire. 

The late Dircctors-General laid before the Government many able and valuable 
Reports, which can be consulted whenever the general character or details of the 
internal navigation shall be required. 

The want of inland water communication in Ireland is manifest, and is the more 
to be lamented, from the great facilities for its establishment existing in many 
parts of the country, where such an opening is alone required for the mutual 
transfer of very valuable commodities. 



IV.— FISHERIES. 

Many circumstances, which have already been frequently enumerated, ' have 
hitherto contributed to prevent the Fisheries of Ireland attaining that state of prospe- 
rity to which they appear entitled by their many local advantages; and the only duties 
%vhich have devolved on us, as successors to the former Fishery Boards, have been 
the collection of debts from the fishermen, and the completion of the unfinished piers 
along the coast. 

The former your Lordships have been pleased to suspend, in consequence of our 
representation of the entire inability of these poor people to meet their engagements, 
owing to various discouraging coincidences. 

A full Report was made to your Lordships, on the 27th February 1833, on 
the subject of the Fishery Piers, representing the very great degree of local pros- 
perity conferred on particular districts, more or less extensive, by the construction 
of these piers. The shelter they afford to fishery vessels, and those employed in 
the distribution of manure and fuel, together with the facility they offer for the 
transmission of agricultural produce, has created in their immediate vicinity 
a striking contrast to the wild uncultivated wastes by which they are in many 
instances surrounded. 

Your Lordships have approved of the appropriation of a small sum from the 
remains of the Fishery funds, to the repair of such of these piers as may be con- 
sidered useful. These repairs have been in progress, but much additional damage 
has been sustained since the first Report made by our engineer. 

It is very desirable , that these useful Works should be placed on a permanent 
footing, by the establishment of a legal authority for their future maintenance, and 
for the purpose of enforcing a system of order and regularity by the parties making 
use of them, and which is now too often infringed. 

There are also some instances in which additions and Improvements might be 
made at a comparatively trifling expense, calculated greatly to encourage an export 
by the small occupiers of land, for which the situations aftbrd many facilities. 

While on this subject of the Fishery and small coasting trade, the Board cannot 
refrain from culling the attention of your Lordships to a case of extreme hardship, 
experienced by a large body of the poorest class engaged in that business, the 
continued existence of which is the more to be regretted, as the evil might readily 
have been removed. 

The small fishing and turf-boats that frequent Galway Cay, from the northward, 
can only avoid going into the great Western Ocean, round the Galin Head, by 
crossing the pass of Bealadangan, as shown in the accompanying Sketch, as No. 1 . 
"^I'his passage (which is the only one through the islands Garomma, Lettermore, 
&c.) is dry at low water, but might be easily navigated at half or three quarters 
tide, were not the whole of the bottom covered by a mass of rocks which form such 
an impediment that the boats can only pass at a short period during high water ; 
and eten then the risk is so great that accidents frequently occur, by which vessels, 
cargoes, and even lives are sacrificed. At times this passage is so difficult, that the 
produce of a period of hard labour in fishing is thrown overboard in consequence 
of the impossibility of conveying it to market. 

As a proof of the great use of this communication, it may be stated that 1 00 or 
t ,50 boats frequently pass it during a tide. So small a sum as 500 L, by removing 
the impediments above described, would open a clear and safe passage for some 
hours of every tide. 

The subject has been submitted to this Board, and the individuals who are 
the sufferers expressed so much anxiety for the performance of the Work, as to 
offer gratuitous labour, not having means of contributing money. 

A 3 



Printed image digitised by the University of Southampton Library Digitisation Unit 



6 



IRELAND; SECOND REPORT OF THE 



We consented to recommend to your Lordships a grant of one-half of the cost 
(being the utmost allowed by the Act of Parliament,) and adopted every other 
measure calculated to promote so desirable an object, which is only delayed by the 

difficulty of obtaining the other moiety. St. George, Esrj., and John 

0 ‘Shaughnessy, Esq., have offered to contribute 50/. each, and some officers of 
the Coast Guard, who liave witnessed the necessity of the Work, would charitablv 
subscribe a few pounds; but these instances of liberality have not been followed ud 
by others, and consequently no steps can be taken to remedy this great inconve- 
nience. 

We have dwelt thus long on this topic, with the view of calling your Lordships’ 
attention to the expediency of some legal provision being made for defrayinir the 
cost of small works of this nature, in which individuals of property are not suffi- 
ciently interested, on pecuniary considerations, to induce them to come forvvard as 
contributors. 



V.— ROADS AND BRIDGES. 



The maintenance of different Roads and Bridges which have been constructed at 
various times through uncultivated districts, at the entire or partial expense of 
Government, is by the Act of 6 Geo. 4, c. 101, under the management of this 
Board : a few have been recently added in the counties of Galway and Mayo, and 
a further-addition will be made from the result of the moiety grants under the Act 
of 1 & 2 Will. IV. c. 33. 

In the management of these Roads, we have endeavoured to combine their main- 
tenance in an efficient state of repair, with the greatest possible economy. 

Their condition is generally good ; in all cases much better than that of other 
roads in the same district ; occasionally, perhaps, admitting of improvement where 
OTr resident superintendents have been over scrupulous in incurring expense. 
Their cost for maintenance we do not consider high, and particularly where the 
road districts are extensive ; and the advantages would be still greater, if the 
charge of any considerable number of roads compactly situated, were concentrated 
under one management ; very superior agents and means could be applied under 
these circumstances to those which can possibly be afforded by smaller Trusts; 
the most improved systems of repairs and alterations would be rendered practicable 
and general, and a much greater degree of efficiency and economy would be the 



Some of our Roads are extensive, but not sufficiently so to gain the entire benefit 
ot these advantages. 

Tlie very great benefit the country generally has derived from the formation of 
tnese Koads has been repeatedly represented to your Lordships and to both Houses 
ot 1 arliainent ; nothing, however, short of witnessing the effects produced can give 

an adequate impression of their value. ^ ® 

In traversing a country covered with farms, and in a high state of cultivation, 
fi-m sign of a good soil, and of amply remunerating produce, it becomes 
! icu 0 credit the fact, that 10 or 12 years since, the whole was a barren waste, 
e asy um 0 a miserable and lawless peasanty, who were calculated to be a burden 
rather than a benefit to the nation ; and that this improvement may entirely be 
1 u ec o t e expenditure of a few thousands of pounds in carrvin*^ a good road 

ot communication through the district. J o 5 

Government aid may be 

aHorcled, there are decidedly none, in our opinion, that can be undertaken in Ire- 
iheation compared with the promotion of shch lines of cojnmu* 

"here the country is capable of 

LriSffl.rT Wherever a new road is constructed, . 

forcihlv pvn ^ 1 1 Up, and the carts of the countrymen (as has been 

Xncer road-makers 

oneninP^f"npirl!kf affords the principal means of natural wealth, the 

uivcs to an nrr-nm constructlou of I'oads upon well-considered plans, 

little cost ^ source of productive industry an immense power, and at 



Such 
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Such are the effects, while the means are equally encouraoinfr. 

There are few countries where good roads can be made so readily and at so little 
expense. The levels are usually easy; large bridges or embankments seldom 
requisite; materials of good quality very abundant; and the land of so little 
value in its present state, that it is in most instances cheerfully given, in return for 
the great benelit to be derived from the work. 300/. or 400/. per mile will frequently 
cover any expense attendant upon the construction of a good road. 500 1. or 600 1. 
may be esteemed a reasonable average rate ; and those under circumstances of 
comparative difficulty seldom exceed 1,000/. or 1,200/. per mile. 

The repairs will be in proportion to the expense, varying from 10 /. to 60 /. per 
annum per mile. 

All these advantages, however, are insufficient to induce the execution of such 
works, without the direct and leading support of Government. Some, no doubt, 
have been constructed by parties feeling a paramount interest in the undertaking* 
and possessing adequate resources. Small tracts of land capable of improvement 
may thus be opened by the proprietors, but few individuals know where or how 
to begin on an extensive range of country, where the operations and results must 
necessarily be on a great scale ; and where the interests are so multiplied and 
blended, and the relative anticipated advantages so little within the reach of calcu- 
lation, that even interested parties cannot be induced to venture on the speculation. 

It might reasonably be expected that the Grand Juries would provide a remedy 
in such cases ; but those are naturally the poorest counties in which these unpro- 
ductive districts abound ; and it is with difficulty they can maintain the communi- 
cations already established. They have the greatest wants and the smallest means ; 
and the remote wastes attract little of their attention. 

It will be seen in our Statement (A.) of the Grants made up to this time, that it 
is only in a few instances that even the boon of a free grant of the moiety of the 
expense has been successful in calling for the other moiety in aid of very useful 
objects. 

Many applications have, indeed, been received for grants for the construction of 
Bridges, or of Roads of small extent, for the purpose of connecting highly culti- 
vated countries, to which they vvoiild be a great convenience ; but these were not 
considered as included in the intention of the Legislature, which proposes opening 
remote uncultivated districts too poor to bear the expense. 

The very nature of this object implies extent, and even the moiety of the cos^ 
of such works, being of some magnitude, is more than the counties have been 
lound able or willing to bear. 

Ail these considerations have led to our conviction, that it would be an act of 
jioliqy and of profit on the part of the Legislature to give more encouragement to 
the opening communications in the situations we have described. 

Galway and Mayo are particularly cases in point ; very large portions of those 
counties were as a perfect desert, where no constituted authorities were obeyed or 
even admitted, and from which no national benefit could be derived. 

Numerous judicious lines of road have been commenced, by means of which 
the whole face of the country has undergone the most rapid improvement. These 
roads are not by any means more extensive than was required under the circum- 
stances, though more so than was authorized by the amount of the funds provided ; 
some of them are particularly so far advanced as to be given over to this Board for 
maintenance at the expense of the counties, but a great number of much impor- 
tance still remain unfinished. 

Fifty-four miles of roads are in this state, and might be completed and per- 
manently gained to the country by an expenditure of about 19,200/. 

In many parts of the country there are bridges of considerable importance, 
which require to be altogether renewed ; and repeated applications have been made 
to this Board and to the Irish Government for grants for this purpose. These 
arc, however, mostly in the immediate vicinity of leading influential towns, and 
form part of the general county charges, and have not, therefore, been considered 
entitled by the Act of Parliament to any gratuitous advance. 
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VI.— the PUULIC buildings in DUBLIN AND THE I'H<ENIX PARK. 

This iiead comprehends the official residences of the Lord Lieutenant and the 
officers of Government in Dublin and the Phcenix Park ; the Law Courts and 
Buildings connected with them, and many of the Public Offices. 

In our last annual Report, we represented that these buildings, with their 
furniture and fitments, had fallen into a state that could scarcely be considered re- 
spectable, and that was even inconsistent with their due preservation, besides beimr 
greatly deficient in necessary and important accommodations. ® 

It has been the endeavour of the Board to remedy these defects, and to place 
them in appropriate order ; the repairs, alterations and improvements being made 
with reference to appearance, as vvell as to permanency ; and considerable prooress 
has been made towards the attainment of this object. ° 

Although much yet remains to be done, we anxiously hope and expect that a 
reduction in the Estimates for those services will be made, even for the ensuintr 
year. 

Much inconvenience has been experienced in the execution of works in general, 
and more peculiarly with regard to those under this head, in consequence of the 
late period of passing the Irish Estimates in the House of Commons, by which 
much of the favourable season is lost for such operations. 



VII.— DUNMORE HARBOUR. 

Some delay has been occasioned in the progress of this Work in the course of 
the last year, arising from the inferiority of the greater proportion of the stone found 
in the quarries which had been opened and worked, and in the establishment of 
appropriate machinery. These obstacles are now removed, and the operations are 
in course of execution on a very substantial system. 

The object is almost exclusively confined to making good the breakwater for the 
safety of the pier, which it is proposed to accomplish by a pavement of roughly 
squared blocks of the conglomerate stone of the neighbourhood, of from three to 
four tons, or from 40 to 60 cubic feet each. These are laid on edge in mortar, at 
a slope of five to one on the compact mass of rubble, as shown in the accom- 
panying Section, No. 2. The contractors, under the guidance of our officers, are 
adding a large quantity of rubble-stone at the foot of the Slope. 



VIII.— KINGSTOWN HARBOUR. 

The operations at this place have consisted chiefly in the extension of the 
Eastern Pier, and the construction of a Wharf-wall and Landing-quay, in the 
interior of the harbour. 

The former has been suspended on the recommendation of the Lords of the 
"'ho are again desirous of giving further consideration to the mode of 
finishing the entrance. The preparation of the granite blocks, however, for this 
purpose is still in progress. 

In the formation of the Wharf-wall (as in the Works of Dunmore,) we have 
endeavoured to combine simplicity, durability and economy. The annexed Section, 
No. 2, will explain^ the system adopted with this view. 

The foundation is laid in a depth of 20 feet at low-water, partly on rock and 
paitly on a firm sand. For 14 feet from the bottom the wall is formed of Runcorn 
sand-stone, of fine quality, each stone containing about .50 cubic feet, ami 
thoroughlv squared. This has been preferred to granite, on account of the facility 
with which It IS worked under water, and its cheapness. . 

_ After the foundation course is secured, from 300 to 350 cubic feet of this wall- 
ing are frequently set in a perfect manner by one diving-bell, during a fair working 
day of eight hours in December. The first stone xvas set on the .5th of August, 

and 
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and no the ist January, 16,000 cubic feet had been laid. In blasting the rock by 
tlie diving-bell for the foundation, very increased facilities (in comparison with the 
former mode of operation) have been afforded by means of the patent fuze*. 

From six feet below low-water to the coping, it is proposed to make use of 
granite of the very excellent quality found in abundance in the neighbourhood, in 
blocks as large as those described above. This material can be obtained without 
difficulty and at a modeiate expense. 

A Section is added, No. 2, showing- the character of the piers, as they have 
been finished off in the interior by u walling of heavy rubble stone carefully laid. 

Ill considering the Harbour generally, it is impossible to refrain from expressing 
our continued admiration of it, as a magnificent public work. 

An area of -251 acres has been enclosed between two substantial stone piers of 
8,340 feet in length, affording clear anchorage in a depth of water from 15 to 27 
feet at low spring tides, Tho interior shows no natural tendency to collect de- 
posits likely to reduce the depth of water, nor do any of the works exhibit symp- 
toms of deterioration, while its continual occupation by vessels of every description, 
together with the comparative freedom from accidents in Dublin Bay, afford 
convincing proof of its great utility. 

We annex a Statement, supplied by the Harbour-master, showing the number of 
vessels that have frequented Kingstown Harbour during the year 1833 (D.) 



We cannot conclude our Report without venturing a few observations upon the 
subject of Public Works for Ireland in general, and on the great principle of the 
manner in which public aid towards them should be administered ; our attention 
having been naturally much called to these points in the course of the execution of 
our duties. 

It is not for this Board to give an opinion on the degree of support the Legis- 
lature has hitherto contributed towards Public Works of primary utility, nor to 
measure that which it may hereafter be considered expedient to bestow. We are, 
however, fully persuaded, not only of the great political advantage of such an 
expenditure of the public money, but that it would be, to a considerable extent, 
repaid by the indirect returns made to the Revenue, arising from an increased 
general prosperity. 

In England, abundant sources of industry are straggling for vent, requiring only 
the stimulus of such additional facilities of business to enable , them to come into 
full and immediate operation. They are therefore in themselves fair sources of 
speculation for private capital. 

In Ireland, on the contrary, they are required to foster and encourage sources of 
industry which are yet latent; and though the consequences and advantages are 
not so immediately apparent, nor (except in a few instances) do they afford direct 
profits to induce the expenditure of private capital, they are not the less great 
objects of national interest. 

The country is full of capabilities ; but as adequate funds cannot be provided to 
bring them all at once into action, some discrimination is required to determine the 
degree of assistance that might reasonably be afforded to those most deserving of 
encouragement ; and many embarrassing applications and fancied local grievances 
would be avoided, if the principles were more clearly defined on which public aid 
is, in any insta 7 ice, to be expected. 

J he applications which are most pressed upon the attention of Government, and 
urged with the greatest influence and importunity, are for the promotion of such 
works as would confer immediate and more exclusive benefit on towns, and the more 
flourishing populous communities, such as short canals, bridges, the improvement of 
harbours, &c. These are, no doubt, very desirable' objects, and tempting capabi- 
lities often present themselves in their favour. In many instances, too, they would 

be 



“ Patent fuze, manufactured by Messrs. Beckford & Davy, Cambourne, Cornwall. By the use of 
this article the expensive and dilatory mode of firing the charge from the surface of the water 
through a metal tube, has been dispensed with ; the fuze, from its burning under water, enabling the 
workmen to ignite it from the bell. We have mentioned this matter in the hope of.bringing this 
■•aluable invention into more general use. 

B 
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be generally, as well as locally, beneficial. We conceive them, therefore to be 
deserving of much consideration anil support, where the parties themselves make 
considerable advances towards the undertaking; but where the public are expected 
to advance the whole of the outlay, their claims to legislative assistance are not 
in our estimation, to be placed in competition with those of many others which 
are more rarely brought into notice, because the benefits to be derived from them 
are less exclusive ; the very reason, as also on account of their offering prospects 
of more extended advantage to the great bulk of the people, that vve consider them 
more deserving the attention of Government. The Works to which we allude are 
the construction of roads through e.xtensive districts that are without them • the 
small piers on remote parts of the coast ; and the developemeut of the resources of 
a feature of so much natural importance in the country as the River Shannon 
The interests involved in the latter undertaking are too numerous, and too much 
dispersed in their nature, for any thing but a national measure. We have before 
adverted to the propriety of these Works generally. The effects to be produced 
are important and extensive, while the means by which they may be accomplished 
ought not to be considered of difficult attainment. The measures more called for 
on the contrary, usually require a great outlay to obtain limited and exclusive 
advantages ; attempts are frequently made to force nature at an enormous expense • 
to convert, ■'for instance, into a sea-port, a town placed high up an imperfect navi- 
gation, instead of selecting for this purpose the situations which naturally present 
themselves; to carry a canal over a country presenting peculiar difficulties 
&c. &c. It may he well for the community itself to embark in such undertakings! 
if sufficiently wealthy, but they have not so much claim on public support as 
those in which more general interests are involved. 

The same cost that is frequently demanded to improve a single harbour, or to 
make a short line of canal to an influential town, would in some cases entirely 
defray, and in others go a great way towards the expense of making a thoroughly 
efficient navigation through the whole course of the Shannon ; a river running 
from north to south through the heart of the country, opening numerous valuable 
off-branches, and effecting the drainage of considerable tracts of country by means 
of Its numerous tributary streams. An expenditure, considerable in itself, but 
moderate when compared with the advantages to be derived from it, would render 
tins noble river available for perfect navigation, as well as clear the way for various 
oft-branches, which might then be easily effected in every direction. Partial 
obstructions at present impede the free passage which miglit be opened for the 
largest class of canal vessels. The particulars of this great and desirable object are 
very fully detailed in a series of Reports presented to Parliament. 

It is very desirable to encourage the expenditure of private capital -in Ireland 
upon Public Works, and we conceive that Government might with advantage 
contribute largely to funds thus subscribed, extending a free grant to an equal 
amount to works of ascertained general utility, in cases where the parties do not 
stipulate for any direct return or exclusive advantage, and aflbrding the assistance 
ot loans, on easy terms, and in amounts proportioned to those advanced by the 
parties, in instances where direct returns are contemplated from the profits of the 
undertaking. A case in point has recently been brought before us. 

the town of Ballyshanuon, on the coast of tlie county of Donegal, possesses 
many advantages for trade, with the drawback of a bad harbour ; diis, however, 
might be much improved at an estimated cost of 5,000 1 . 

It was proposed to make an application for an Act of' Parliament to authorize a 
Joan to that amouat on the securities of the port dues. The gentlemen of the 
country, however, taking a liberal and enlightened view of the subject, offered, to 
raise one half of the amount (2,500 I.) by subscription, for which they would 
receive no direct return, provided they could obtain from our Board a grant of the 
^ 1^^ execution of the work ; thus getting rid of all the machinery 

mortgage-deeds, and payment of interest, and freeing the 
rfplccf. budens, with the exception of such moderate charges as might be 
ailvanr nno *^n^lertaking, Colonel Conolly himself offering to 

advance 1,000/. towards the fund. J & 

areede 'hat WO had not the power to 
for thf whfti P''°P°®hion, Colonel Conolly has since made himself responsible 
fu efU Ike outlay, which will be made up partly by subscription ; but as 
such results cannot frequently be anticipated, we tliiik that, in the present state of 

Ireland, 
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Ireland, the first application for a moiety grant might reasonably have been con- 

ceded. 

Having thus added our humble testimony in favour of the policy of maliin>» 
gratuitous advances and loans on an extensive scale, we would suggest, that in afl 
cases where grants are made, either of the whole or of part of the'cos’l, or where 
loans are advanced on the security of the revenue to be derived from the work 
the Public providing the entire of the fund, the sole charge and control of the 
works and expenditure should be vested in some responsible Government depart- 
ment, and that no corporate body or local commissioners should be authorized, by 
distinct Acts of Parliament or otherwise, to have the management, except in cLes 
where they themselves subscribe for or deposit, in the first instance, a fair propor- 
tion of the required funds. The precaution might also reasonably be taken of 
limiting the charges for damages and compensation for land. In mahin<T applica- 
tions for an advance, such charges are very lightly estimated ; but no sooner is the 
public purse opened and Government embarked in the umlertakincj, than exorbi- 
tant demands are frequently brought forward for partial damage o* abstraction of 
land, even in cases where the general property of the individual may be greatly 
benefited by the contemplated work ; while llie juries called upon to decide such 
claims, will, from some cause or another, find reasons (and no doubt very con- 
scientiously) for awarding exorbitant amounts of compensation. 

It might be expensive, and repugnant to popular prejudices, to appoint a Com- 
mission totally independent of the locality; but at all events such claims would 
be considerably reduced by a stipulation for their legal adjustment by the interested 
parties, previous to any advance of the public money, or pledge to that effect on 
\]iie part of Government 



We have the honour to be, 

Your Lordships’ most obedient humble servants, 



J. F. BURGOYNE. 
BROOK J. OTTLEY. 
J. RADCLIFF. 



fc- 
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THE following Loans have been submitted to the Lords of His Majesty’s Treasury, but have not yet been finally 

decided upon : 



For the construction of a public Cemetery near Dolphin’s Barn, Dublin 
For iniprovcments to the Harbour of Bailysliannon, county of Donegal 




THE following Loan has been submitted to the Lords of the Treasury, and not sanctioned: 



Limorick Waterworks - - 

Sanction refused on account of the nature of the Security offered. 



APPLICATIONS for Loans, the objects of which are not considered as coming within the Provisk 
of 1 & a Will. IV. c. 33 : 

For a Manufactory of pottcr’s-ware, in the neighbourhood of Dublin ...... 

For a Meat-market, in tlie town of Drogheda - 

F'or improvement of the establishment of Cotton-works at Stratford, near Baltinglass ... 

£. 



of the Act 



£■ t. d. 
3,000 - - 
I ,ooo - - 

15.000 - - 

19.000 - - 



PROPOSITIONS for Loans or Grants that luive been submitted to the Board, and may still be subject to 
Negociation : 



Road from Lismore, county Waterford, to Clog- 
heen, county of Tipperary. 

Portions of Road between Castlederg and 
Ederny, county of Donegal. 

Road from Glengariff to Bantry, county Cork 



Road between Mallins and the Guidore River, 
county Donegal. 



Part of Road between Mitchelstown and Lis- 
raorc, counties of Waterford, Cork and Tip. 
perary. 

Road between Derrygonndly and ManorhamiU 
ton, county of Fermanagh. 



Road between Killaloc and Tomgraney, county 
Clare. 



Road between Johnstown and Bawn, county 
Kilkenny. 



- - Plans and Estimates referred back to parties for re-consideration. 

- - Under examination by an engineer appointed by the Board. 

- - A very useful Line of Road greatly in want of improvement. The 
Grand Jury have presented a sum in anticipation of a grant of half the 
expense, which the Board have not thought themselves justified ia re- 
commending to that full extent. 

- - A most useful project in a remote barren district. The Board have 
consented to recommend the full extent of aid in their power by a 
grant of a moiety of the estimate, which will be laid before the Grand 
Jury. 

- - A very useful Line of Road. A difficulty has occurred in procuring 
the amount required from the county of Tipperary, tlirough an extreme 
point of which only the Road runs, and in which consequently that 
county has but little interest. 

• - Before making a final presentment for the Road, the Plans and 
Estimates v-ere laid before the Board for an opinion. Tlie estimate 
appearing very inadequate, an engineer has been sent by the Commis- 
sioners at the expense of the Grand Jury to investigate, the result of 
whose Report, widi the opinion of the Board, has been communicated 
to the party. 

- - An opinion has been taken founded on the Report of an engineer 
employed by the Board, at the expense of the parties, as to the extent 
to which the work could be sanctioned and a grant could be recom- 
mended, and the result communicated to the applicants. 

• - An investigation was entered into by an engineer of the Boards 
appointment, at the expense of the parties, to whom the result was 
communicated. 
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APPENDIX to the Statement of Loans and Grants made under the 
1 Sc 2 Will. IV. c. 33. 



Limerick Bridge and Dock. 

Very great and unforeseen difficulties have occurred in the prosecution of this Work, 
partly arising from lengthened discussions, and unsuccessful endeavours to coroproniise 
with parties making claims for damages, but principally from the imperfect manner in 
which it now appears that the earlier works have been executed. 

After some expense has been incurred in the attempt, it is found to be impracticable to 
complete the Dock as originally projected, and it will be necessary to propose some modifi- 
cation of the plan. 

The Bridge, however, which is handsome, will be opened, it is expected, early in the 
ensuing summer. 



Antrim Coast Road, 

CoNSTDERAni-E progress has been made in this Work; a part of it liad two peculiar 
difficulties with which to contend : one, the necessity of couducling the Road under a con- 
siderable extent of rock, some hundreds of feet in height, and with its base washed by the 
open sea ; and the other, its passage along portions of very steep hills of moving clav bank. 

The first obstacle has already been overcome, and a Road 21 feet wide in the clear is 
now formed in the rough, round the bold headland of Glenarm Deer Park. 

About 30,000 cubic yards of rock have been hurled down on the shore, and the Road 
ten feet above the highest tides, has been floored partly upon llie loose and partly on the 
solid rock. This formation was almost entirely produced by blasting, which has been 
executed with care and judgment. By studying each successive operation, immense 
masses of rock, that could not subsequently have been moved, were forced by one effort 
down to the position where they could be of most avail. 

It was only by a very considerate and well arranged proceeding, that such a work coulil 
have been executed at any reasonable expense, and it is probable that so great a mass of 
material has seldom before been removed to a requii-ed situation at so little cost. 

This part of the line has already been subjected to some very violent storms, and the 
action of heavy seas, which it has resisted very satisfactorily, the effect liaving been, only 
to shake some of the outer face down to a proper bearing, so as to render it more sub- 
stantial ; and it is confidently anticipated, that the occasional npplicatiun of a few rough 
blocks of stone, for procuring- which there will always be great facility, will hereafter keep 
it in repair without difficult}'. 

It may not here be irrelevant to notice the important benefits derived in all the blasting 
operations over which this Board have control, from the use of Beckford’s Patent Safety 
Fuze, an invention productive of the greatest certainty and economy, and what is of 
infinitely more importance, reducing, in a great degree, the chance of those accidents to 
which the operations of the miner have been peculiarly liable. 

The other, and by far the greater difficulty to be overcome in the progress of this work, 
is to effect the passage by bold and lofty slippery clay banks ; fortunately those presenting 
the most formidable impediments are of small extent. 

The means proposed for the operation in those places, have been partly executed ; very 
large masses of detached rock, which were found strewed over the face of the bunk, have 
been thrown down with the same studied arrangement that lias been described in the Deer 
Park, and in sufficient quantity to make good a flooring for the road from 18 to 21 feet ia 
width, and 15 feet above high-water mark. Tliis great mass of heavy material not only 
affords space for the road, but forms a complete resisting barrier to the progress of the foot 
of the bank into the sea. Since this has been effected, the tendency of this clayey sub- 
stance has been to move gradually over the road. To counteract this inconvenience, or at 
least to reduce it to a state admitting of a remedy easily applied by a little regular atten- 
tion, it is proposed to construct a retaining wall, from the summit of which any gradual 
accumulation may l>e from time to time removed. Such a wall, however, requires to be of 
very peculiar strength, an object wiiicli Mr. Bald, the engineer employed by the Board to 
lay out and superintend this difficult work, propo.ses to obtain not only from the solidity, 
which abundance of massy material so near at hand enables him to bestow upon it, but 
also by the system of construction. Very solid piers deeply bedded into the bank, are form- 
ing of heavy rough blocks at 30 feel distance asunder, to be connected by substaniial 
walls, having a vertical curvilineal batter, combined to an aiched horizontal curve, lo 
c which 
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which Llie piers form the abutments ; ihe whole founded on the immoveable footing before 
described. The entire distances being also concave, affords a combination of lesisLance 
against the pre.ssure, that it is hoped will be sufficient for its support. 

The several accompanying Plans and Sections, from No. 5. to No. 13, will serve to explain 
these works incne fully. ' ^ 



JbuLliii ami Kingstown Railway. 



Tins Undertaking, as a work of art, promises to be as perfect of the kind as any that 
has hitherto been ever executed, and has been conducted with very great energy. 

A Plan with Sections illustrative of the operation, is annexed. 

The extent of the line is only 5 ^ miles, but it comprises a series of cuttings and embank- 
ments, bridge building, 8cc. of more than ordinary extent, requiring an outlay for work and 
maietials exceeding 100,000/. 

1 he first ground was broken on the lUh April last, and notwithstanding great unex- 
pected delays in obtaining possession of several portions of the lands, the eno'hieer is very 
confidently of opinion that the railway will be open to the public, and in'^full workinir 
iietivity before July next. ° 

From 1,000 to men, and at times amounting to 1,800, have been employed in a day 

During the period of between eight and nine months, up to the end of the year upwards 
0} 200,000 cubic yards of earth have been run into the sea-banks; about 100,000 cubic 
yards of filling carried to ihe land embankments; upwards of 40,000 cubic yards of masonry 
executed m the bridges, culverts, sea sluices, and retaining and breast walls : and nearly 
20,000 cubic yards of pitching or pavement to the sea embankments laid. ^ 

rJ*'r provided, and a considerable quantity of stone blocks for them 

The materials liave been paid for regularly, and all the workmen settled with once 



One branch of the operation on which the public have expressed doubts, may be narti- 
cularly worthy of notice. ^ cp.uii 

mffes^ carried over the sea-strand for a distance of upwards of two and a half 

This strand consists chiefly of a firm even sand, over which the sprin<v-tides flow for 
depths of from two feet where most exposed, to 1 3 feet in the most sheltered parts. 

The heart of the embankment is composed of the sand itself, excavated from a short 
completely covered by a mass of earth, graveland rubbish brought from the 

The sea- face is being lined with a pitching or pavement composed of stones of from two 
H A ' carefully laid at a slope of three to one ; the footing 

either abutted against rock, or lodged two feet under the surface of the sand. 

The plalform of the embhnkmenl will be four feet six inches above high water, oihI have 

Lbhi T 'T 'f “PP®'' P*' '- 

fiooW r . 1' to to 

tinned back, and not led over the road. ^ 

0°""0.0‘0d with tlris work do groat credit to tho directing 
mana„cnunt of the Company, the engineer, Ihe resident engineer and the contractor. ^ 



Rondjrom Keiimare to Glengarriff'. 

Tins Work presents many features, which render it peculiarly interesting and iiaefiil. 

wi hi” ita°?e?oh 11??"“'?° "ooultivated country of much oanabiliiy, and will bring 
J 1* 1 , ' 1 ' j'Pfostone of Kenmare, and the coral sand of Baniry Bav the fer- 

. iia^ardtt t\ 7 a,mi"d “tat.noes iipor, the slate-rock soil of these distrdotl’ are very 
h le ofcomrSunienlZ Idir ?™P''‘“ ?,''nk very much wanted to an important general 
irntrv mvrXh 11, i ^f '"‘orrupted b, a range of mountain betwee,/ Kenmare and 
iiducry cays, wmcli this road must necessarily traverse. 

sea?\he^”^oie’’oTwhich''m ““''“iw''. boilig 1,068 feet above the 

to sea * “''0'0““0 O" ooch side, as the road is required from sea 




The 
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The slopes on the new road fti the steepest parts will vary from about i m a;’ lo i in 
ofi and 28, mid the execution -will be a work of interest, from tlie bold and prcuipitous 
character of some of the situations. 

Tlie operation lias hitherto been confined to the drainage of the worst of the soft 
parts, wliich lias been cairied througli an e.xteiit of about 1 1 miles ; and prepiiralioiis liavc 
been made for an active prosecution of the work in the .s])riiig. 



(D.) 



RETURN of Vessels tbat have frequented Khigslown Harbour during the Year 1833. 





No. 1 


Tiiimagc. 


Vessels tliat have cleared out from an English, Irisli, Scotch, or foreign 
port, and bound to an Irish port, (not including Dublin) wind-bound, 
or taking shelter ------ 


218 1 


17.5% 


Vessels that have cleared out from an English, Scotch, or foreign port, 
bound to England or Scotland, wind-bound or taking shelter 


80 


8,785 


Vessels trading to or from the port of Dublin, waiting for tide or wind - 


94 G ! 


13G.713 


Revenue crui2crs and men of war 


14 : 


- 


Vessels from Irish ports to English, Scotch, and foreign ports, taking 
shelter and wind-bound - - - - 


140 


iii53o 


V’’esscls from English and Scotch ports to foreign ports, taking shelter and 
wind-bound - 


34 i 


3.235 


Vessels to Kingstotvn or the old harbour of Dunleary - 


()2 


7.334 


Total - - 


1,493 


185,152 



Tliis Return does not include the Mail Packets or the summer Private Steam Packets that occa- 
sionally piy between Kingstown and Liverpool. 



«7 January i834_. 



(signed) JVm. Hutchiton, 

Harbour Master. 



ABSTRACT 
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No. 1. — THE ACCOUNT of the Commissiosers of Public Work.s, Ireland, of ail Riim 
or entrusted to them for S.u.aries and Ixcilemts of Oefice; for One year. 
31st December 1833. 

RECEIPT: 

s. d. £. s. d 

Balance of last Account, on 1st January 1833 . yj8 12 5 

Received from the Treasury .... 4., 000 — - 

— 4>778 12 c 

Received on account advances to Engineers and others - . 72 3 - 



issued 

ended 



Balance of last Deposit Account, on 1st Jan. 1833 ... 

Received from sundry parties, by way of deposit, to defray expenses 
of Engineers and others, arising out of applications for Loans i 



4 9 



1,100 8 3 



ABSTRACT: 



4,850 1 



6,333 8 5 



Balance 
Ditto - 



Receipts 
Ditto - 



778 : 
372 



4 = 0/3 3 

1,100 8 



6,323 8 



EXPENDITURE: 



£. s. d. 

Salaries of the Establishment, 1 year to 31st Dec. 2,277 4 - 

Postage - - - 246 ig 7 

Incidents, office requisites, repairs, coals, candles, 

&c., maps 203 6 2 



2,727 
420 1 



Travelling and other expenses connected with surveys and inspec- 
tions oi works in progress ....... 

Law Expenses, a portion of which is chargeable to sundry parlies 
concerned, and will be recovered - - - - ' - - 547 17 

Advances to Engineers and others, for services arising out of appli- 
cations for Loans or Grants, and where parties applying have 
been called upon to lodge the amount . . . - , 173 57 

* .Amount of one year's Insurance on life of N. D. Crommelin, to 

1st March 1834 * • * - - - * - - 330 - 



651 i8 9 



Paid sundry Engineers' and Law Expenses, arising out of applica- 
tions for Loans or Grants, to defray which deposits had been 



made by parties applying ; 
Engineers’ Expenses 
Law ditto ... 



£. 516 14 

352 - 



8C8 14 
G03 18 



4=850 >5 5 



6,323 8 



* This and a like sum last year were advanced to secure the benefits of policies of insurance to 
the amount of io,oooL effected on life of Mr. C., and will be repaid forthwith. 



ABSTRACT: 



' 


£. s. 


d. 


£. s. 




Expended - 


- - - - 4,198 16 

. , - . . ■ 868 14 


8 






Ditto ... 


y 


5,067 11 














Balance ... 


. - - - 651 18 








Ditto .... 


Q03 18 


3 


1.255 17- 


















6,323 8 


5 
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No. 3.— THE ACCOUNT of the Commissionehs of Public Works, hzUml, of all 
Sums received by them in Repayment on account of Loans, under i & 2 Will. IV 
c. 33, for One Year ; ended 31st December 1833. 



RECEIPT: 

Repayments on account of Principal and Interest due on sundry loans, £. j. 
as per detailed Statement, pages 12 to 14 - - - - - 10,290 2 3 



EXPENDITURE; 
By Payments into the Exchequer - 
Balance in Bank . - . _ 





£■ s. (/. 


- 


10,000 - - 


■ 


290 2 3 


£. 


10,290 2 3 



No. 3 . — THE ACCOUNT of the Commissioners of Public Works, Ireland, of all 
Sums issued or entrusted to them under the Provisions of the Act 1 Sc 2 Will, IV. 
c. 33, for Grants ; to 31 December 1833. 



RECEIPT : 

Rathcourcey Pier : 

Received from Treasury, the full amount granted 



Loughgreany Road: 

Received from Grand Jury, county Clare, the first in- £. s. d. 

alalment - - - 305 8 7 

Ditto - from James Malotiy, Esq.three-fourths of his 
contribution - 126 15 8 



Derrybrien Road : 

Received from Grand Jury, county Galway, first instalment 

Garry-Kennedy Road and Pier : 

Received from the Treasury, portion of Grant - - - 



Castlerea Road, by Ballygar: 

Received from the Treasui-y, full amount of Grant - £. 346 8 3 

Ditto - - Grand Jury, county Galway - - 305 18 5 

Ditto - - D. F. Kelly, Esq. a contribution towards 

masonry - - - - - - - - 17 16 6 



Larne to Ballycastle Road : 

Received from Treasury, on account - - - - 1,500 — — 

Ditto - - Grand Jury, county Antrim, 3 instalm's - 3,066 1 8 

Ditto - - ditto, for expenses, survey, See. - - 200 18 - 



Loughrea to Derrybrien Road : 

Received from Grand Jury, county Galway, first instal- 
ment --------- 152 12 2 

Ditto - - ditto, amount presented for Bridges, &.C. 259 - - 

Ditto - - Hon. F. Ponsonby, his contribution - 320 - - 



Castlerea Road, by Ballygar, further Grant for Masonry : 

Received from Treasury, the full amount of Grant - 180 - - 

Ditto - - Grand Jury, county Galway, their con- 
tribution - . - - - . _ -180 84 

Liscannor Bridge : 

Received from Grand Jury, county Clare, first instalment 



Konmare to Glengariffe (county Cork) : 
Received from, Treasury the first issue, on account 
Ditto - - Grand Jury, county Cork - 



250 - 
257 12 



3 



£• i. d. 
qi8 18 - 



432 4 3 
152 12 2 



300 - - 



670 3 



4,766 19 8 



731 12 2 



360 8 4 

509 - 1' 



507 12 3 
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Receipt — contiuucd. 














Kenmare to Glengariffe Road, county Kerry : 


£. 


s. 


a. 


£. 


s. 


d. 


Received from Treasury, on account - - - . 

Diito - - Grand Jury, county Kerry, first instal- 


250 


- 


- 








meat ------ 


258 


10 


5 


508 


10 


5 


Fivemiletown to Clones Road : 








Received from Trustees, being amount raised by presentments 


- 


- 


753 


- 


7 


Total 


- - 


- 


£. '■ 


9.914 


1 


11 


EXPENDITURE: 






1 








Rathcourcey Pier : 


£. 


s. 


(1. 


£. 


i. 


d. 


Contractors, &c. the (final payment) - - - - 

Repaid into Exchequer an amount not expended on the 


157 


•X 


6 








Work -------- 


Cl 


15 


G 


218 


18 




Loughgreany Road : 










Contractor’s accounts, for works executed 


- 


- 


- 


524 


- 


- 


Derrybrien Road: 














Contractor’s accounts, for works executed 




' 


- 


355 


5 


u 


Garry-Kennedy Road and Pier : 














Paid Mining Company, amount of first instalment 


- 


- 


- 


140 


- 


- 


Castlerea Road, by Ballygar : 














Contractor’s accounts, for works executed 


- 




- 


660 


4 


8 


Larne to Ballycastle Road: 














Labour, wages, and materials, (and including survey, 8cc.) 


- 


- 


- 


4.733 


11 


2 


Loughrea to Derrybrien Road: 














Contractor’s accounts, for works executed 


- 


- 


- 


608 


14 


1 


Castlerea Road, by Ballygar: 














Contractor’s accounts, for works executed 


- 


- 


- 


360 


8 


4 


Liscannor Bridge : 














Contractor’s, See., accounts, for works executed 


- 


- 


- 


324 


8 


6 


Kenmare to Glengariffe, county Cork : 














Labour, wages, and materials, &c. - - - - 


- 


- 




104 


16 


7 


Kenmare to Glengariffe Road, county Kerry : 














Labour, wages, and materials ----- 


- 


- 


- 


347 


15 


6 


Fivemiletown to Clones Road : 














Payment of engineer, for laying out road - 


- 


- 


- 


130 


7 


1 










8,508 


9 


9 


Balance 


- 




. £. 


1.4P5 


12 


2 










9.914 1 11 



— Tins Account includes that of last year, ending 3tst December 183Q, wlii 
shows an .Expenditure of 395^. 9 s. 6d. upon the Larne Road and Rathcourcey Pier. 



C 4 
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^'o. 3.— THE ACCOUNT of the Commissioners of Public Works, Ireland, of all 
Sums issued or entrusted to them under the Provisions of the Act 40 Geo. 3, c. 51, 
for Inland Navioatjon; for One Year, ended 31st December 1833. 



RECEIPT: 

Balance of last Account, ended 31st December 1832 

Less by an amount composed of sums deemed irre- 
coverable, being balances due by old insolvents, 
and disallowances now deducted with the sanction 
of the Lord-lieutenant - - - - _ 

Net Balance - 



£. 

1.574 



Received from Treasury, amount of Vote 1 833 - - 1,076 - 

Tolls, collected on navigations as follows; viz. 

Tyrone - - - £. 115 17 3 

X/pper Shannon - - 76 13 8 

Maig River - - - 3 t 19 9 



Rent of bouse No. 11, Merrion- 
street, paid by Geo. Thompson, 
esq., one and half-year, due 29th 
Sept. 1832. - 

Less by 84 days, proportion of rent 
and taxes allowed for period 
during which Mr.T. had not 
been given possession 

Net Amount — 






642 5 - 



»j 432 13 n 



£■ I 2,074 i8 11 



EXPENDITURE: 

Tyrone Navigation and Maghery : £. s. d. 

For Salaries and allowances ------ 146 7 11 

Contracts for labour, materials, 8cc. - “ - - 30 12 8 

Upper Shannon : 

For Salaries and allowances ------ 219 4 - 

Contracts, labour, materials, 8tc. - - - - 244 1 8 

Maig River : 

For Salaries and allowances - - • - - ~ 33 14 ” 

Contracts, labour, &c. - -- -- - 6-7 

Lough Derg : 

Contract for keeping buoys. See. in repair, one year - - _ - 

House rents. No. n, Upper Merrion-street, late Board’s-office, one year 
Incidents - - 

Bryan Colo, paid amount of his award for land, purchased for Grand 
Canal Extension, at Castlegathery, county Westmeath 



177 - 7 
463 6 8 
39 H 7 

24 - _ 

221 1 6 

24 9 - 

107 4 - 



Balance 



1,056 15 4 
- - 1,018 3 7 

£. 2,074 18 11 
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No. 6. — THE ACCOUNT of the Commissioners of Public Works, Ireland of all 
Sums issued or entrusted to them, under the Provisions of the Act 6 Geo. 4 © 101 
for maintaining, repairing and keeping in repair certain Roads and Bridges • One 
Year, ended 31st December 1833. 



RECEIPT: 

Balance of last Account, ended 31st December 1832 - - - . 

Received from the Treasury, under warrant of the Lord-lieutenant and 
upon requisition of Commissioners, at sundries - - - _ 

Received by fines levied for damage or nuisance on certain roads and 
placed to credit of counties respectively ; viz. 

£. 4108 

Kerry 3 e _ 

Limerick - - - - _ . . _ "^ 59 ~ 



EXPENDITURE : 



By payment of wages, labour, and materials, in maintaining and keeping 
in repair certain roads, in the following counties, (the amounts to be 
levied by presentments respectively); viz. 



Clare 
Cork 
Kerry - 
Limerick 
Tipperary 
Galway 
Mayo - 
Roscommon • 
Leitrim 



£. 2,137 10 

- 1,271 14 6 

677 10 8 

420 2 7 

- 380 14 9 

212 18 9 

- 1,050 18 4 

- 171 3 8 

20 12 - 



£. 

635 

6,000 - 



s. d. 
5 3 



13 6 8 



6,648 10 11 



6,343 7 1 
305 3 10 



No. 7.— THE ACCOUNT of the Commissioners of Public Works, Ireland, of all 
Sums issued or entrusted to them, under the Provisions of the Act i Will. IV. c. 84, 
and former Acts, for the Improvement and Encouragement of Irish Fisheries ; for 
One Year, ended 31st December 1833. 



RECEIPT : 

Loan Fund: 

Balance of last Account, ended 31st December 1832 - 
Received, amount collected sundry districts, the net amount 

Pier’s Fund : 

Balance of last Account, ended 31st December 1832 - 
Received trom Treasury, under provisions of Act 1 Will. IV. 



ABSTRACT : 



£. 


s. 


d. 


£. 


s. 


d. 


6,916 


3 


5 








282 


7 


5 


7,198 


10 


10 








11,182 


5 


1 1 








2,500 


- 


- 


13,682 














** 






£. 


20,880 


16 


9 



Balances 

Ditto 

Receipt 

Ditto 



£. 

- 6,916 

- 11,182 



282 
- 2,500 



s. d. £. 
3 5 



5 11 
7 5 



18,098 



5 . d, 

9 4 



2,782 7 5 



£• I 20,880 16 9 
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EXPENDITURE: 



Loan Fund 

Incidents, including law expenses attending collection of fund 
Balance (net amount now in bank) - - - 



£. s. 

131 10 
7,067 - 



Piers Fund : 

For building and repairs of certain piers, as follows ; viz. 



Wyse's Point 

Carrickfergus 

Greencastle - 

Portmore 

Lambay 

llenard Point 

Carrigaholt - 

Cahirciveen - 

Ballinskelligs 

Dingle 

Claddagh 

Dunbeg 

Seafield 

Liscannor 

Kilbaha 



£. 250 
498 4 8 
359 - io 
346 33 7 

166 3 " 
75 4 “ 
65 17 10 
37 15 - 
26 4 - 
29 12 
40 - 



6 



4 19 

- 19 



Incidents, including overseer’s wages, &c. - - _ _ 

Surveys, inspections, 8tc. including a general inspection and 
report under sanction of Treasury _ _ _ _ 



1.928 13 9 
390 16 - 

300 - - 



2,619 8 9 
Balance - - - 11,062 17 2 



ABSTRACT : 



£. s. d. 
7,198 10 10 



13,682 5 u 
20,880 i6 9 



Expended - 
Ditto 

Balance 

Ditto 



£. 


s. 


d. . 


£. 


t. 


d. 


131 


10 


7 : 








2,619 


8 


9 


2,750 






7,067 
1 1,062 


’7 


3 ; 
2 1 






18,129 










5 






£. ■ 


20,880 


16 


9 



No. 8. — THE ACCOUNT of the Commissionehs of Pubmc Works, Ireiand, of all 
Suras issued or entrusted to them for Phcenix Park and Dublin Buildings; for 
One Year, ended 31st December 1833. 



RECEIPT: 

Balance of last Account, on 31st December 1832 
Received from the Treasury, of Vote 1832 £.5,000 - - 

— - - - ditto - - ditto - - 4,800 — - 

— - - - ditto - - ditto 1833 - 2,000 - - 



- Sale of old furniture, Castle-yard ipG 10 3 

- - ditto - - Account-office 126 4 4 



— - - Auction of lease of late Account-office, net 

amount deposit of 20 per cent, on purchase, 3,500 1 . 

— two years’ rent of premises, Garter-court, Castle-atreet 
■ — by order of Lord Chancellor and Chief Baron, for the 

improvement of the Court of Exchequer (out of 
Suitors’ Fund, under 2 Will. IV. c. 32) 

— from Woods & Forests, towards the new road, 8cc. 

Phcenix Park ------- 

— from Treasury, under Lord-lieutenant’s warrant, upon 

requisition of Commissioners for the Marshalsea - 



» 3 



£. s. d. 
3,608 - 2 



691 7 

43 10 



• >4>i57 7 

1 ’7.765 11 9 
{continued) 
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EXPENDITURE : 



By payments to sundry tradesmen, labourers. See. for repairs and altera- 
tions, building, See. on account, as follows ; viz. 

f. s. d. 



Plicnnix Park and lodges ------ 

Dublin Castle, state apartments, yards and offices 
Four Courts, and offices (including Exchequer altera- 
tions) ------- 

Custom House, fitting up and repairs . - - 

Marahalsea, repairs 

Record Buildings (Henrietta-street) - - - - 

Adjutant-general’a Office - - - - 

Quartermaster-general’s Office .... 

Account Office, tlie late, Foster-place - - . 

Board of Works Office, ditto, Talbot-street 
Irishtown Church ------- 

State pew in Christ-church - - - - . 

New stables in Castle-garden - - - - - 

Lodging allowance ------- 

Incidents - 



5d)68 3 8 

2,857 - 3 



1,894 16 1 
ID91 13 3 

514 11 8 

185 1 1 



34 2 4 

483 

28 5 6 

30 9 2 
13 10 - 
100 - - 
2,040 13 10 
46 3 1 
176 14 6 



New Road in Pheenix Park, the expense to be de- 
frayed by the Commissioners of Woods and Forests 475 12 7 
Deputy Bailiff’s house, ditto - ditto - - - 46 - ii 



£. 



d. 



15.085 12 8 



521 13 6 



Woods and Forests, repayment of so much advanced last year on account 
Stamp-office alterations, 8cc. - -- -- -- - 



763 15 10 



Balance - 


- - 


16.371 

1.394 


2 - 
9 9 




£. 


17.765 


11 9 



No. 9 .— THE account of the Commissioners of Public Works, Ireland, of 
all Sums issued or entrusted to them for Kingstown Harbour; for One Year, 
ended 31st December 1833. 



RECEIPT : 

Balance of last Account on 31st December 1832 

Received from Treasury, part of Vote of 1831 - 
Ditto 1833 - 



£. s. d. 

1 0,000 - - 

3,000 - - 



Sale of old materials 
Iron ditto 
Timber ditto 



338 10 - 
205 16 II 
111 13 11 



One-and-a-half year’s rent to 1st May, (of ) - 



£. 

Balance, amount overdrawn from Bank, pending the issue of a 
sum from the Ireasury to meet Expenditure per contra 



9 7 



656 - 10 
27 13 10 
13,684 4 3 

186 - 5 
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EXPENDITURE: 

By payments to contractors and others, on accounts following ; viz. 

Stone materials. See. at East Pier and New Quay, by contract, in 
eluding labour - 

Stores - - - - - - - ditto ----- 
Labour, continued to the 25th June, on weekly pay lists - 
Boatmen, watchmen, &c. on weekly pay lists, to 31st December 
Salaries - -- - - -- -- - 

Rents, taxes, 8cc.- --------- 

Lighthouse on East Pier . - - 

Law expenses - 

Incidents, including repairs to houses, &c. - - - _ . 

Post-office jetty, repairs of (to be repaid) - - _ _ . 

Bell bout, repairs of - -- -- -- - 

New moorings 



£. 

9>539 

5 

856 

263 

649 

402 

125 

88 

334 

293 

28 

1,283 



s. d, 

7 3 
17 10 
9 3 
3 9 
17 i 

7 - 

16 - 

8 3 
1 6 

13 5 
3 4 



£. 


13.870 4 8 




^unLic Works, Ireland, of 
Harbour; for One Year, 


L 5,000 • - - 
27 10 11 


£. s. d. 
450 2 10 

6,027 10 u 




£, 


5.477 13 9 




£. s. d. 


2,071 15 5 
201 1 - 




113 - 10 


2,385 »7 3 
587 6 \i 


j Account for 


- 


2,973 4 2 
2,504 9 7 


£. 


5.477 13 9 



all Sums issued or ent 
ended 31st December 18 



RECEIPT: 

1 31st December 1832 



Balance of last Account i 
Received from the Treasury, Vote of 1832 
Harbour duties, 8cc. collected - 



EXPENDITURE: 

By payments to contractors and others ; viz. 

For Stone materials, labour included 

Salaries and allowances, engineer, &c. 

Incidents, including law costs, 12/. 4s, ^d. and 
30/., paid to families of three men who lost 
their lives in the works 



10 years, as engineer, to 1831 - 



Jos. C, Walker, 

Accountant. 
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